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I. RECOGNITION OF AGENCY NEEDS 

*• For mer»l jnan the Central Intelligence Agency, ia 


cooperation with the General Services Administration, has been 
seeking to provide a central headquarters building to accommodate 
its personnel, presently boosed ia 34 buildings widely scattered 
throughout the City of Washington (MAP available}. More than a 
year ago, based ufM tbe determination that there wee no existing 
permanent structure adequate or suitable to Agency needs, authori- 
sation was requested to construct a permanent office building in or 
Mar the District of Co lumbi a to house Agency personnel stationed 
In the Washington area. 

b. The Congress recognised the Agency’s need for a headquarters 
building by a u th or i si n g (Title IV of the Military Construction Act of 
If S$; if Stat. 34f > $ 46 , ©TO, ©TO for its construction, together with 
$S* 50©, TOO for the extension of toe George Washington Memorial 
Parkway from its present terminus at Spout Bun to a point soar 
Langley in Fairfax County, Virginia, if toe Agency finally selected 
the Bureau of Public Beads property as toe building site. 
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c. Til* Guogress Initially appropriated (Chapter III of the 
Supplemental Appropriation Act, 1954; 49 Stat. 453) $5, 560, ©00 , 
with the understanding that $J, ©49, ©©© «l sum waa lor A* 
preparation of detailed plana and specifications for ih* headquarters 
installation, and $2,509,00© for acquiring right-of-way and initiating 
construction of tha Parkway. 

2. SITE 

a. At the time this appropriation waa canaidarad, the Congress 
expressed a wish that the Agency restudy carefully the aite location 
of the he tiding. To meet thia request the Agency engaged Clarke and 
Rnpuano, a firm of Conaulting Engineer# and Landacape Architects 
of outstanding reputation in thia field, to surrey all the available sitae 
and recommend the one heat suited for file Agency's purpose (MAP 
available showing major sites considered). 

h. Our authorization and appropriation were obtained with the 
clear — in g that while we were enempted from dispersal ', 
we would at the seme time definitely net locate in the District of 
Colombia hut, rather, an the fringe of file metropolitan nrea of 
Greater Washington. 

c. Clark# and Rapuan© ware given the following additional criteria 
to guide In their selection: 
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(1) The mw headquarters of the Agency should be within « 
r«diat of too miles m 4 within 2d minutes by estomohil* from the 
£«m Milestone in the City of Washington. 

(2} The sloe of the Wilding sod the earn her of automobiles 
to ho- pa r k ed is He immediate vicinity would require as area of 
sot loos than 19# acres. 

(3) 2, 360, 669 sq. ft. of Wilding floor space will he required 
sad it will he necessary to provide space to park approximately 
4t 069 automo bile s aad adequate means for ingress aad egress for 
Automobile traffic. 

(4) 'The sits should lead itself to ease is carrying out die 
security measures that are imperative. 

(5) The new headquarters should have eaea ef communication 
hy road Co the White Meuse, to the P ent a g on, aad to Che offices of 
the Depar tment of State. 

d. Their study resulted in a etreng recommendation of a portion 
of the property presently occupied hy Che Bureau ef Public goads at 
Langley* Virginia (AERIAL PHOTOGRAPH available). 

e. It is dssiraMs to havs the Agency headquarter* situated on the 
west side ef Che Po tom ac in order to conform with emergency measures 

tfKiht airiidv lyiBi bf«i tikftii. 
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I. Located on % 125-acre tract forming aa inconspicuous part 
of a larger 750-&cre Government reservation, the Langley site was 
chosen as tee one location, among many sites inspected in detail, 
most adequate for safeguarding the security of CIA's operations and 
for conducting those operations with tee greatest measure of economy 
and efficiency consistent with security considerations. This site, 
with Us isolation, topography and heavy forestation, permits both 
economical construction and an added measure of security safeguards. 

U is efficiently located with respect to overcoming rush-hour traffic 
conditions, and it permits rapid access to tee White House, the 
National Security Council, and tee State and Defense Deportments, 
with which tee hulk of CIA day-to-day coordination activities are 
concerned. 

g. I would like, with your permission, to put in tee record a 
SUMMARY of the major points contained in the Clarke and Rapuano 
report. 

k. The Agency approved the recommendation of darks and Rapuano 
and, as required by law, proposed it for consideration by tee National 
Planning Commission. Ike Notional Capital Regional Pl anning 
Council and the National Capital Planning Commission approved the 
Langley site on 5 December 1955 and 3 February 195b, respectively. 
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l, iuiv« beta varkad oat with the Bartau of 

N lie Road# and Am National Park Service (who now have 
jurisdiction of tbs Unde I* question) mod with the General Service* 
Administration (which handles transfers of real property) for 
acquisition of tikt Uagity sits. 

J. ACCESS TO SITE 

a. In its affirmative report, the National Capital Planning 
Commission stated that It and the Regional Council were l* general 
agreement that certain highway Improvement# would ' d to bs 
programmed at aa earlier date to accommodate the traffic volumes 
generated by the installation, citing epettifleaUy (MAP available on 

which these eon he pointed eat): 

0} The George Washington Memorial Parkway from Spool Ren 

to Langley; 

(2) The widening to four lanes of Route 123 from Langley Fork 
to Chain Bridge ; 

(3) Tho widening to four lanes of Glebe Read from Lee Highway 


to Chain Bridge; 

(4) The widening to foer lanes ef Chain Bridge; 

(§) Improvements to Canal Road and Weaver Place in the 
district of Columbia (Chain Bridge approaches); 

(4) Construction of Am Cable John Bridge and adjoining 

•earnest# of the Outer Circumferential Loop. 
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k. The highway i approvement a propoMd k»v« been planned for a 
***• time. Oar consultants agree that their ultimata d«v«lapB»at would 
******** con ve ni en ce of access to the i«angley iit«i to foot# their 
prospective construction is am of the rttMu tor prafintag too Langley 
***** hollers tout many of toooo improvements may moro properly 
ko considered under too President's highway construction program, 
however, toon aa adjuncts to to« G3A building. 

*• W« lalitv* tout too projected immediate extension of toe 
Parkway, and toe widening of n portion of Route 123 to which toe State 
of Virginia to committed, will provide adequate access to toe Langley 



e. The key to nccess to toe Langley site to ton ability to move 
traffic across toe river. The CHART of Potomac River crossings 
demonstrates tout adequate capacity exiete tor CIA traffic to and from 
Langley, especially since at the rusk hours Agency traffic will be moving counter 
to toe general flew. Location of toe Agency et Langley wifi, in fact, 
remove an estimated 1, 000 care from toe dominant flew of rusk-hour 
traffic across the Potomac. 
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"wst**- “ 


V lift MAP showing lscttimt of til* miitwei* of Agency employees 
demonstrate* that those living cool of the P ot o m ac can use a variety of 
tiw cro*«ingft in commuting to and from til* Imagley site, and Aat 
the living In Virginia will not have to uwi the rivor a* all. 

4. FACULTIES 

a* AH needed facilities, adequate to CIA* a needs, In* boom 
promised by the yttiic authorities or public ntilitie* concerned. For 

S.; 

•Ml of them the Agency will pay installation and service charges at the 
gating race* Ilk* any other customer. 

h. Water will be supplied by the City of Fella Church. 

c. Sewage dispoeal will be supplied by Fairfax County. 

d. Tele phone , electric light «nd power will be supplied by public 
utility corporations serving the area. 

e. Public transportation will be supplied by fine or both ft* hue 
lines serving the genera) area, as may be determined by the Virginia 
State Corporation Commission. 

5. BUIUDZHG 

a. in eeerdiaati0& with the Public Buildings Service, an architect- 
engineer contract has been negotiated with the firm of Harrison and 
Abramevits. The architects have prepared a tentative site plan and 
diagr ammati c drawings of the proposed headquarters installation 
together with supporting architectural and engineering information. 
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and the Public Buildings Service bee prepared th* cost analysis 
and estimate on which Ibis request tor an additional appropriation 
is based. We bare, therefore, completed toe preliminary plann i n g 
and are ready now to enter the definitive portion of the project 
{SITE MODEL and SITE FLAM available). 

b. to considering the nature of toe Installation, a complete 
sarvoy sms made with toe architect- engineer ef the special requirements 
of toe Central Intelligence Agency. The unusual security needs of 
this Agency make mand a tor y a cosnpartmentation el personnel greatly 
in excess of that normally required In Government or private office 
bail diage. Special arrangements must bo mads fear secure handling in 
storage end transmission of large amounts of classified material. 
Provision must be made for toe installation and effective use of special 
electronic e qu i pme nt used in toe analysis of intelligence data. Finally, 
toe Agency desires a building which, while without frills, will provide 
a working atmosphere for its employees which will he pleasant usd 
conducive to maximum production. Considering all of tones factors, 
as wall as toe physical characteristics of toe site, toe firm of ffarHeon 
and Abram ovits has recommended a building consisting of block- type 
wings ns most satisfactorily mooting all Iho special and unusual 
requirements of toe Agency. 
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e. Tho general arra ng e ment and lay net of dui office apace la the 
now building have W«a designed with xcurity considerations primarily 
is ata4 Hw sew building will consist ef Uock>t|f« wings* readily 
catnjsrtaitiitd from one another, m that specially restricted area* 
can fee established and special, security central* maintained in each 
section, with a degree mi ftanihttity sat otherwise practicable, la. this 
bai l d in g pattern, certain types of services common to the entire Agency 
will also he housed in separately enclosed sections* hut near the center 
of firs building, conveniently available to all prints in tbs building. 

Still other activities will bo set aside in special controlled areas far 
reeeivlag applicant*, trainees* contacts, and other categories of 
visitors. 

d. Urn proposed construction wilt permit a member of specie! 
facilities to bo installed, protected and maintained in separate sections 
of tits building. Many of these special facilities will be simp l y 
re- installed from their preseat scattered locations into the new building; 
others will represent special communication, Mirage* and protective 
devices that will be built into the building in the course of construction. 


t 

Approved For Release 2002/05/07 : CIA-RDP80-01370R000500070003-7 



25X9 


Approved For Release 2002/05/07 : CIA-RDP80-01370R000500070003-7 



h. PBS’a estimate $ goo, 606 

*• He arista «t tk« Bstmu of the Budget this 


h* FBS»a erigiaal estimate woo . . $ §#, §#§-, 096 

*• *i«w He ox lot* «t tk« Bureau of the Budget this woo 

reduced to $ Sit, 000, 060 

4. Tbs Congress reduced our uftoHsifiOii to 44. 699, 999 


«. FBI aad wr architects ootimoto that wo could have o 
vm*f oootoro building for $44, 990, 606 which would 
house approximately ! 

f. Coastxuctieo coots have risen 9. 72 per coot during the 
foot twelve mouths. 

g. Preaeut ootimoto by FB£ oadL <mr orckitecto ior o 

relatively oootoro bmUl a g to moot our seeds is $ 54, 999, 999 

k. leeludiag $«, 599, 909 lor Bio Porkway, total cost 


woald bo. 44,599,999 

ao o p posed to total cur root authorisation of $ 54, 599, 099 


I. »e obt a i n e d oar authorisation oad initial ipproprtttloa 
witk tko expectation tkat wo coaid get everyone iato owe kaildiag. 
Wttk present building coots this is act possible. While it is highly 
desirable to have all of oar people ia one buildiag, we coold operate 
efficiently with the eoseatial claadestiae services, iatelligence sad 
support elesaoats ia one buildiag witk lass saaaitive operations 
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i- fee wt k»v« fat mind, «• cm)4 add 

anteb er wing I«*r if Mttmr y without mcimIv* lacr«ase<t coot*. 


Mmj»v facilities such u bout, air- conditioning and cafeteria are 


designed to accom mo date future expaation. 

h. On Am block modal (which la of a $56, 00$, 000 building) part* 
which would b* omitted fat a $46, 000, 000 building and could b« added 
later ar* shaded. 

1. Under tea present authorisation, tea required reduction from 


original plana would ba $00, 000 aquar* feat of aat useable apace. 

Haw* war, tea building proposed will provide apace for all, of our 
employee a who are now faoeaod in temporary buildings, feus permitting 
fee evacuation of fete space so fete ita demolition will ba poasibia in 
accordance wife Government plans for urban renewal in fee District 
of Columbia, and as required by fee Act asfeorisfaag fee building, the 
total aumbor of buildings occupied by fee Agency will be cenaiderabSy 
reduced, with resultant benefits. Delay, in addition to perpetuating 
excessive operating costs, may occasion an appreciable further increase 
in construction costs, thereby further reducing fee space fete can be 
provided with fee funds available. 
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COHFSDEHTlM 


S. eCQMOWT 

a. VUI* security cee side rations have domin at e d the gen eral 
design and technical dattils ef the *«* tmlldiag, there are alee oiaay 
•Mattie* feat will result frem housing the Agency ia a single, 
efficiently-planned installation. 

b. Caa— lidatlag all of ear activities in a single kaiUlag, a* 
origfomlly planned (which would sow cost $54, 080, 004) would result 
ia aaaaal savings of mmrm than $5* 000# 000. CHART av»ll»Mt. 

c. Svm a building of reduced *iaa (within she pwwst $44, §00, 000 
authorisation) will effect snbetaatiel saving* la Agency operating cost* 
aypraaittstely $K* 4S0. 000 mmmXkf. CHART available. 

d. There wiU ia addition, ia either case* be increased efficiency 
la the processing of intelligence infer mattoo not readily measurable 
in ttesstary term*. 

e. The generally austere architectural design af the proposed 
bnildiag assures a farther measure ef saving* which weald eet be 
|e««hl« if ths new building were tecsied in the heart ef the Hatton's 

meaawHo>t al*tf>e public buildings wito e*»e«eiffire»^ \- 
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iuE'H I 

% REQUEST 

a. Siace last July, whan th« Congress authorised * sew 
1i»>4|i>inir» building for CIA, the pregree* toward Ota realisation 
of a Mnr« and economical building has been steady and continuous, 
ia virtually all aspect* of the aocssaarlly c o mp l ic a te d preliminary 
plmmiag rt^ tti ftd. 

b. We cannot proceed much further, however, unless additional 
fends are available for obligation. Not until the building is completed 
can the Agency vacate temporary structures, which would permit 
their demolition. Even while the architect is completing detailed plans, 
we can proceed with necessary preliminary activity - if the fund# are 
available. This will be a construction project of coaside raids magnitude. 
Provisions must be made for adequate access to the site; for parking 
facilities for Ora several thonaaad construction workers who will be 
involved; for preparation of the sitejjto allow the construction of 
iouadatioa*{aad'to provide st oc k pi l e area# for construction materials. 
Additional right-of-way must he acquired for the eateneion of the 
George Washington Memorial Pathway, and its construction must be 
commenced so that it will provide accessary access to Qts site. The 
net result of taking these steps would be te bring that much closer 

the day when the building will finally be ready for occupancy, la view 
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of all the advantages ud saving* it raonsy, wnfawif, 

and operating efficiency resulting from completion of this project, 
•very day lost in breaking ground and proceeding wiHi construction 
it a costly one. 


e. I would like, therefore, to request tbt the Congress appropriate 
§49, 000, @00, constituting ike balance of Ike funds presently authorised, 
in order that the construction may proceed without delay or interruption. 

d. I bare advised Senators. Russell sad Hayden and Congressmen 
Vinson m 4 Cannon of the inadequacy of tks present authorisation. ! 
believe tksy concur in my view tkat it would be false economy not to 
construct a building adequate to bouse all of our people. It le fear this 

reason tkat the basic facilities such as heating, air conditioning, 

t r \ 

elevators, etc. , are being designed to service a building which would 
accommodate all of our employee*, la January wksa ear rinal, plane 

V ' 

will be nearing completion, if, in the Judgment of the Congress, i* rooms 

\ '1 

wise to request that our enabling legislation ha amended in order to 4 : 
provide for a boil ding costing approximately §54, 000, 000, I would 
propose to moke such s request along with the necessary appropriation 

Vv. 

\ V. 

(approximately HO, @00, @00) with which to carry wet the construction. V 
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